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ACTION OC-06 
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LIMITED OFFICIAL USE DAMASCUS 6560 

KARACHI FOR RCO 

E.O. 11652: N/A 
TAGS: ACOM, SY 

SUBJECT: TELEPHONE INSTALLATION - DAMASCUS 
REF: (A) KUWAIT 4572, (B) DAMASCUS 6559 

1 . THE EMBASSY DOES NOT AGREE WITH PROGNOSIS OF CEO/T’S 

(REF. B ) AND DOES NOT APPROVE DEPARTURE OF BOTH CONN AND HIGGINS 
AND CONSEQUENT INTERRUPTION OF TELEPHONE PROJECT BEFORE IT 
COMPLETED. 

2. INSTALLATION OF CONDUIT AT USAID WILL BE COMPLETED PROBABLY 
WITHIN WEEK, ACCORDING TO CONTRACTOR. AID PUSHING WORK 
COMPLETION. 

3. PREDICTIONS ALL ALONG HAVE BEEN THAT THIS PROJECT WOULD 
TAKE TWO MEN 4-5 WEEKS TO COMPLETE. TECHS HAVE BEEN HERE LESS 
THAN 10 DAYS. WORK YET TO BE DONE REQUIRES TWO MEN FOR 
EFFICIENCY, TIMELY COMPLETION. BY PROCEEDING WITH AID PROJECT, 
POST CONVINCED BOTH MEN CAN BE GAINFULLY OCCUPIED UNTIL 
BACKHAUS ARRIVES HERE CIRCA OCT. 3. (REF A) IF RCO 

HAS NEED FOR AND WISHES ONE MAN TO DEPART HERE ON SATURDAY, 
OCT. 2. POST HAS NO OBJECTION, ASSUMING BACKHAUS NOT TO 

BE DIVERTED AGAIN. 

LIMITED OFFICIAL USE 
LIMITED OFFICIAL USE 

PAGE 02 DAMASC 06560 29 1 5 1 7Z 

4. POST SYMPATHETIC TO TECHS UNDERSTANDABLE DESIRE TO 
RETURN HOME BUT NOT AT EXPENSE OF MISSION'S BEST 
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Message Attributes 


Automatic Decaptioning: X 

Capture Date: 01 JAN 1994 

Channel Indicators: n/a 

Current Classification: UNCLASSIFIED 

Concepts: n/a 

Control Number: n/a 

Copy: SINGLE 

Draft Date: 29 SEP 1976 

Decaption Date: 01 JAN 1960 

Decaption Note: 

Disposition Action: RELEASED 
Disposition Approved on Date: 

Disposition Authority: ellisoob 
Disposition Case Number: n/a 
Disposition Comment: 25 YEAR REVIEW 
Disposition Date: 28 MAY 2004 
Disposition Event: 

Disposition History: n/a 
Disposition Reason: 

Disposition Remarks: 

Document Number: 1976DAMASC06560 

Document Source: CORE 

Document Unique ID: 00 

Drafter: n/a 

Enclosure: n/a 

Executive Order: N/A 

Errors: N/A 

Film Number: D760367-1022 
From: DAMASCUS 
Handling Restrictions: n/a 
Image Path: 

ISecure: 1 

Legacy Key: Iink1976/newtext/t1976099/aaaaagzo.tel 

Line Count: 63 

Locator: TEXT ON-LINE, ON MICROFILM 
Office: ACTION OC 

Original Classification: LIMITED OFFICIAL USE 
Original Handling Restrictions: n/a 
Original Previous Classification: n/a 
Original Previous Handling Restrictions: n/a 
Page Count: 2 

Previous Channel Indicators: n/a 

Previous Classification: LIMITED OFFICIAL USE 

Previous Handling Restrictions: n/a 

Reference: 76 KUWAIT 4572, 76 DAMASCUS 6559 

Review Action: RELEASED, APPROVED 

Review Authority: ellisoob 

Review Comment: n/a 

Review Content Flags: 

Review Date: 22 JUN 2004 
Review Event: 

Review Exemptions: n/a 

Review History: RELEASED <22 JUN 2004 by izenbei0>; APPROVED <13 OCT 2004 by ellisoob> 

Review Markings: 
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US Department of State 
EO Systematic Review 
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Review Media Identifier: 

Review Referrals: n/a 
Review Release Date: n/a 
Review Release Event: n/a 
Review Transfer Date: 

Review Withdrawn Fields: n/a 
Secure: OPEN 
Status: NATIVE 

Subject: TELEPHONE INSTALLATION - DAMASCUS 
TAGS: ACOM, SY 
To: KARACHI 
Type: TE 
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